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RETURN to an Order of the Honourable The House of Commons,, 

dated 19 March 1851 \—jbr, • ' ' ' 

A DETAILED ACCOUNT “ of the Expenditure of the Sum of 
£. 30,000, granted in the Year 1845, for putting Maynooth College 
into Repair 

« COPY of any Estimates and Plans furnished hy the Architect employed 
on that Occasion : ” 

“And, Detailed Account of the Sum of £.5,718. 17 s. 9 d., the Total 
Amount of the Grants voted from the Year 1846 to the Year 1850, 
inclusive of both Years, for the Repairs and Maintenance of Maynooth 
College.” 



(Mr. Spooner.) 



Ordered , by The House of Commons, to be Printed, 
14 April 1851. 






213. 
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DETAILED ACCOUNT of the Expenditure of the Sum of £. 30,000, 
granted in the Year 1845, for putting Maynooth College into Repair ; 
Copy of any Estimates and Plans furnished by the Architect em- 
ployed on that Occasion;— And, Detailed Account of the Sum of 
£.5,718. 1 7 s. 9 d., the Total Amount of the Grants voted from the 
Year 1846 to the Year 1850, inclusive of both Years, for the Repairs 
and Maintenance of Maynooth College. 



(81*10/51.') Office of Public W orks, Dublin, 

§} rj 2 April 1851. 

In obedience to tbe commands of His Excellency the Lord Lieutenant, 
conveyed in your letter of the 24th instant, I have the honour, by desire of 
the Commissioners of Public Works, to forward herewith, 

A detailed account of the expenditure of the sum of 30,000 /., granted in the 
year 1 845, for putting Maynooth College into repair ; 

And, detailed account of the sum of 5,728 1. 17 s. 9 d., the total amount of 
the grants voted from the year 1846 to the year 1850, inclusive of both years, 
for repairs and maintenance of Maynooth College. No estimates were pre- 
pared when the plans were originally sent in by the architect. Subsequently, 
when the tenders in detail were received, it became necessary to alter the plans, 
hv omitting the chapel and examination-hall, so as to admit of the additional 
accommodation for professors and students, required by the Act of Parliament, 
being provided with the funds voted, viz. 80,000/. 

The plans have been already laid before Parliament, in tbe Sixteenth Report 
of the Commissioners of Public Works, presented to both Houses, and printed 
in 1848. 

I have, &c. 

Sir Thos. N . Redington, k . c . b ., (signed) G. A dams , Accountant. 

&c. &c. 81c. 

Dublin Castle. 



DETAILED ACCOUNT of the Expenditure of the Sum of £.30,000, granted in the 
Year 1845 , for putting Maynooth College into Repair. 



Paid on account of contract - 

Paid for drains and excavations 

Paid for extra work 

Paid for superintendence 

Paid to Architect - 

Paid for labour by day’s work 

Paid for incidents - 



Balance applicable to Works nut 
standing claims 





£. 


s. 


d. 


- 


23,600 


- 


- 


- 


1,775 


16 


6 


- 


834 


- 


- 


- 


443 


1 


7 


- 


1,121 


1 


4 


- 


110 


15 


8 


- 


25 


« 






27,810 




1 


1 nut-) 
-) 


2, ISO 


l 


1 1 


£. 


30,000 


~ 
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DETAILED ACCOUNT of tlie Sum of £.5,728. 17s. 9d., the Total Amount of the 
Grants Voted from the Year 1846 to the Year 1850, inclusive of both Years, for the 
Repairs and Maintenance of M avnooth College. 





£. s. d. 


Carpenter’s and mason’s work - ------ 


1,035 3 4 


Plasterer’s work - -- -- -- -- - 


760 10 8 


Slater’s work - -- -- -- - - - 


103 15 3 


Plumber’s work - -- -- -- -- - 


430 - 1 


Glazier’s work - -- -- -- -- - 


177 4 8 


Smith’s, ironmongery, and cast metal work ----- 


415 17 6 


Painter’s and paperhanger’s work ------- 


930 12 10 


Labour by day’s work - -- -- -- - - 


j 1,191 8 2 


Incidents 


4 13 - 




5,058 5 6 


Balance applicable to repairs not yet completed and out- 1 




standing claims ------ -J 




£. 


5,728 17 9 



The above statement shows the cost of maintenance and repairs to the Old College of 
Maynooth, comprehending the apartments of the president, vice-president, professors, and 
resident officers, the students’ rooms, the several halls, chapels, dormitories, refectories, 
kitchens, and culinary offices generally ; the drains, repairs to roofs, with the stable estab- 
lishment, boundary fences, porter’s lodge, gravelled roads, pavements, &c. The whole 
expenditure from the month of August 1845, when the Board of Works commenced repairs, 
is included, as it is difficult to separate the exact expenditure on account of the Votes of 
1845 and 1846. 



Office of Public Works, Dublin,! 

1 April 1851. J 



(signed) G. Adams, 

Accountant. 
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